294                     COMPLETE   SPECIFICATIONS.
further expressly agreed that the approval of the general and working drawings shall not in any case relieve the contractor from any of his responsibilities under this contract.
H The said part of the first part hereby expressly agree that the inspection of materials and workmanship shall not relieve--------------------------of any
of-----------------------obligations   to  perform   sound
and reliable work, as herein described. And the said part of the first part further agree to repair or replace any defective part or piece of the pumping engines during one year from the end of the 24 hours running test, at his own cost and expense.
And it is further agreed that during the aforesaid year, the Water Commissioner may make all necessary repairs requiring prompt attention, and that the cost of such repairs shall be borne by the contractor.
I                   And  it  is further agreed that   any  work  not
herein specified which may be fairly implied as included in this contract, of which the Water Commissioner shall judge, shall be done by the "contractor without extra charge. The contractor shall also do such extra work in connection with this contract as the Water Commissioner may in writing specially direct, and the price for such extra work' shall be fixed by the water commissioner, but no claim, for extra work shall be allowed, unless the same was done in pursuance of a written order, as aforesaid.
J                  The   said   part      of    the    first    part   further
agree that the work embraced in this contract shall be begun within one week after written notice so to do shall have been given to the contractor by the Water Commissioner, and continued (unless the said commissioner shall otherwise in writing specially direct), with' such force and in such manner as to secure its completion within twenty-six months thereafter, the time of beginning, rate of progress, and time of completion being essential conditions of this contract. And the part of the first part further agree that if the pumping engines to be furnished under this contract are not completed at the time above specified, then there shall be retained by said second party, as ascertained and liquidated damages, the sum of fifty ($50.00) dollars per day for every day thereafter until said engines are ready for service.